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any class of work ordinarily undertaken by the highway department;
grading contractors-these may be awarded projects that include grading
and minor drainage structures; paving contractors-these may be awarded
projects that include grading, minor drainage structures and paving; and
bridge contractors-these may be awarded projects that consist of bridges
and other similar structures. Each contractor who qualifies for any one
of the four classifications will be rated according to the quantity of work
that his experience, liquid capital, and responsibility record would in the
judgment of the highway department warrant him in undertaking. (Filed,
secretary state's office-April 20, 1937.)
2. Classifications and ratings will in each case be based on a verified
showing of experience, liquid assets, responsibility record, and available
equipment. A pre-requisite to classification and rating will be a sworn
statement furnished the department by the applicant-this statement to
be made on a form provided by the department and to carry all informa-
tion required by the department. Contractors may be classified immediately
upon presentation of the required sworn statement, but in no case will
be rated as eligible to undertake construction work for the Department
of a value greater than $10,000.00 until the lapse of thirty calendar days
after the date upon which the formal statement is presented; that is to
say that the department may award construction contracts not exceeding
$10,000.00 in value to low bidders furnishing the required statements as to
experience, capital and record of responsibility, regardless of whether
such bidders have been previously classified and rated as qualified con-
tractors. But in the case of contracts exceeding $10,000.00 in value bids
will be received only from contractors who have been formally qualified
and whose classification and rating shall show them to be eligible for
undertaking the work involved.
3. The sworn statement called for in Paragraph (2) two above shall
be made up by filling in the department's standard questionnaire form
and shall show:
(a) The experience of the applicant in handling the character of work
for which he desires to become an eligible contractor.
(b) The liquid assets of the applicant available for carrying on con-
struction work.
(c) A description of the equipment owned by the applicant suitable
for carrying on such work.
(d) A list of references, giving names of responsible persons having
knowledge of the applicant's character, experience and capabilities.
(e) Such other information as may be called for in the department's
form.
4. Qualified contractors will be rated according to the following rules:
(a) Grading contractors and paving contractors must show liquid
assets at least equal to 15% of the capacity or eligibility rating that will
be assigned to them; that is to say, no grading or paving contractor will
be eligible to bid on projects of a value so great that the contractor's
liquid assets will not be at least equal to 15% of the contract amount.


